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ORIGIN FBO-05 

INFO OCT-01 ARA-06 ISO-OO A-01 OC-05 CCO-OO OCL-OO /018R 

DRAFTED BY A/FBO:WFMCCOLLOUGH:JAP 
APPROVED BY A/FBO:WFMCCOLLOUGH 
OC/PE:CRAMBO (SUBS) 

OC/S : GAGETMAN (SUBS) 

OC/L:JBABCOCK (SUBS) 

A/OC-RCO/ARA:LCORRERI (SUBS) 

073462 

R 262308Z FEB 75 
FM SECSTATE WASHDC 
TO AMEMBASSY BRASILIA 

CONFIDENTIAL STATE 043945 

E.O. 11652: GDS 

TAGS: N/A 

SUBJECT: CCC AREA CONSTRUCTION OBX PROJECT 

REF: BRASILIA 0872 

1. DEPT. APPROVES EMBASSY RECOMMENDATION THAT OTHER AR- 
RANGEMENTS BE MADE TO COMPLETE WORK IN CCC AREA WHICH CANNOT 
BE PERFORMED BY THE CONTRACTOR. 

2. REGARDING THE INSTALLATION OF A DROP CEILING, THE SEABEE 
TEAM WILL DO THIS WORK INCLUDING INSTALLATION OF LIGHT 
FIXTURES; CONCURRENTLY WITH ELECTRIC WORK. REQUEST ADVISE 
SOONEST IF DROP CEILING MATERIAL CAN BE PROCURED LOCALLY. IF 
NOT U.S. SOURCE WILL BE USED. DROP CEILING MUST INCLUDE 
METAL GRID SYSTEM WITH REMOVABLE PANELS FOR INSPECTION OF 
SPACE ABOVE THE CEILING THROUGHOUT THE AREA. 

3. THE FAN COIL UNITS SHOULD BE INSTALLED BY THE CONTRACTO 
BELOW THE LEVEL OF THE HUNG CEILING, THEREBY ELIMINATING 
NEED FOR DUCT WORK, INTAKE AND EXHAUST SYSTEM. 
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4. RE PARA 5 - BEST ESTIMATED TIME FRAME FOR INSTALLATION 
ENCLOSURE APPEARS TO BE LATE JUNE. THIS TAKING INTO ACCOUNT 
WORK OF CONTRACTOR AND SEABEE TEAM. 

5. CARPET IN CCC AREA NOT ACCEPTABLE, INSTALL VINYL 
FLOORING AS SPECIFIED. KISSINGER 
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